Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 22 May 2009 


Message Text 

CONFIDENTIAL 

PAGE 01 SINAI 00822 281607Z 
ACTION SSM-05 

INFO OCT-01 NEA-10 ISO-OO OC-06 CCO-OO INR-07 CIAE-00 
/029 W 

281952Z 010315/41 

R 28 1 520Z MAR 77 
FM USMISSION SINAI 
TO SECSTATE WASHDC 241 1 

CONFIDENTIAL SINAI 0822 

FOR SSM 

E.O. 11652: GDS 
TAGS: ASEC 

SUBJECT: STATUS REPORT 
REF: A) STATE 064643, B ) SINAI 0765 

1 . PERIMETER SECURITY IS STILL ON SCHEDULE. 

A. THE NINE E-FIELD INSTALLATIONS ARE COMPLETE. MAY NEED SOME 
ADJUSTMENTS BUT THEY ARE READY FOR TRANSMITTERS. 

B. WORK CONTINUING ON TV PANELS AND READOUT DISPLAYS. PART OF 
SYSTEM TESTED OUT SATISFACTORILY YESTERDAY. EXPECT COMPLETE IT 
BY TOMORROW, MARCH 29. 

C. TV AND SPOTLIGHTS HAVE BEEN MOUNTED ON TOWERS AND CABLES 
CONNECTED TO GUARDHOUSE PANELS. 

D. INSTALLATION OF READOUT DISPLAYS AT OPS TO START 3/29 AND 
BE FINISHED 4/1. 

E. ONE OF SIX SSCS SECTIONS COMPLETED (ON EAST SIDE OF 
PERIMETER). TERRAIN IS DIFFICULT AND FIRST TEST OF SENSITIVITY 
HAS GIVEN ONLY FOOT ACTIVATION AREA. 

2. RO SYSTEM IS STILL STALLED. 

A. CONCRETE HAS SET ACCEPTABLY AND FORMS REMOVED. 

B. THE PLUMBING PARTS HAVE NOT YET ARRIVED. DITCHES HAVE 

BEEN DUG AND INCOMING WATER HAS BEEN REROUTED TO OUTSIDE, ELIMIN- 
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PAGE 02 SINAI 00822 281607Z 

ATING THE TWO PUMPS IN THE GENERATOR HOUSE. 

C. PORT STRIKE IN HAIFA IS OVER BUT TWO DAYS EFFORT HAVE NOT 
TURNED UP ANY OF FOUR TANK CRATES. WE NEED THE BILL OF LADING 
INFORMATION SOONEST. THE SHIPPING NUMBERS SUPPLIED LAST FEBRUARY 
ARE INSUFFICIENT. 

D. WE ALSO WANT SHIPPING INFORMATION ON THE RO UNIT. 

THORNE 
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